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MEMORANDUM FOR THE RECORD 


SUBJECT: Conaurrenee in Amendment No. 2 to Gontract No. 80-15-12 with 
25X1A2d1 The Pevkin-Mimer Corporation, Norwalk, act | 80-4 
Project CHALICE 


1. ‘This memorandum contains a recommendation submitted for 
goncurrence of the undersimed. Such recommendation is contained in 
. Faragrayh 5. 


@. cCentract No. SC-45-12, as amended, provided for the modifi - 
eation and overhaul of sixteen Mark I Tracking Cameras naeessary to 
eonvert the cameras into Mark IT Tracking Cameras for Project CHALICE. 
Tha contract is a price redeterminable type having 6 target eentract 
price of $97,080 and a aefling price of $105, 900. 


%. ‘This Amedidment No. 2 has been drawn to ineorporate inte the 
contract the final contract price determined by negotiations pursuant 
to the Price Redetermination Clause of the contract. This final 
- yedetermined contract price is $103,622.42 and is comprised of the 
| following aceepted costs and profit: 


LL, LLL. 


25X1A10 


A sumary of the final negotiations of Contract No. 6C-45-12 is 

attaghed. In addition to agreement as to the final eontract price, the 
folioving other requirements of the contract have been fulfilled: 

ALL itera have been delivered and accepted, no Covernment -furnished 
property, other than that ingorporeted into the end-items, was supplied 
the contractor, disposition has been made of ali residual inventory 
reining upon & etion of the contract, and the reports on Royalties 
(clause #4) and Patent Rights (Clause 27) have been submitted and accepted. 
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4. Contrast No. ea cder and Amendment Ho. 1 thereto obligated 
: a total of $105, toed of 620 chargeable to Fisesl Year 1958 

. CHALYCE fonds and 

ee as This Amendment Ne. 2 decreases the asmmt sllotted to the contract eae 
PBA 


$2,077.58. This decrease is to be credited to the allotinents 19 
45h. 31 ¢e WMaeal Year 1958 CHALICE funds 
Tt is requested that the Comptroller, 
DPD, advise the Contract of final payment under the contract in 
order that the contract my be closed. 


5. Coneurrence in Amendmant No. 2 to Contract No. SC-45-12 18 


2 


a." 
Contracting Of sex, DPD 


25X1A9a 
25X1A9a 
25X1A9a 
25X1A9a 
APPROVED: 
Agting Chief, DPD en 
25X1A9a is | 
RICHARD o , 
DPD-DD/P: WEE: arp . Deputy Director 
Distr. (Pisne) 
1-8¢-45-12 
--1 ~Finance 
L-Chronoe 


Approved For Release 2000/04/18: CIA-RDP81B00879R000100050059-6 


